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Message Text 



UNCLASSIFIED 

PAGE 01 BANGKO 14994 251133Z 
53 

ACTION FBO-01 

INFO OCT-01 EA-07 ISO-OO /009 W 

054930 

R 251037Z SEP 73 
FM AMEMBASSY BANGKOK 
TO SECSTATE WASHDC 6857 

UNCLAS BANGKOK 14994 

E.O. 11652: N/A 
TAGS: ABLD, TH 

SUB J : BUILDING SETTLEMENT OBSERVATIONS AND OB UNDERPINNING, 
PROPERTY NO. 01316A 

REF : DEPARTMENT'S OM AUG 14, 73. 

FOR A/FBO FROM LORA. 

1. CONTRACT S48-FBO-555 WITH LYON ASSOCIATES FOR BUILDING 
SETTLEMENT OBSERVATIONS, ETC. WILL TERMINATE ON OCTOBER 7. 

2. SINCE SETTLEMENT READINGS ARE TO BE CONTINUED DURING OB 
UNDERPINNING WORK ACCORDANCE SPECIAL INSTRUCTIONS TO FBO 
PROJECT SUPERVISOR ENCLOSED WITH REF OM, REQUEST 
DEPARTMENT 

AUTHORIZE ISSUE CHANGE ORDER EXTRA FOR $3,731 TO ABOVE CONTC CT. 
BUILDING SETTLEMENT OBSERVATIONS AND FLOOR SLAB LEVEL CHECKS TO 
JI MADE EVERY TWO WEEKS FOR 8 MONTHS DURATION AND LIMITED TO 
GROUND FLOOR ONLY. 

3. COST BREAKDOWN OF LYON ASSOCIATES FEE PROPOSAL AS FOLLOWS: 

A. FIELD INVESTIGATION ON BLDG. CRACK 
MEASUREMENTS, FLOOR LEVEL CHECKS 
AND SETTLEMENT READINGS $1,117 

B. SURVEY PARTY 8 DAYS AT$98 784 

C. REPORTS (4) 1,830 

TOTAL $3,731 

UNCLASSIFIED 

UNCLASSIFIED 
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4. PLEASE ADVISE SOONEST. 
MASTERS 



UNCLASSIFIED 



NNN 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 25 SEP 1973 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1973BANGK014994 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: BANGKOK 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: Iink1973/newtext/t1 973091 3/aaaaajnk.tel 

Line Count: 63 
Locator: TEXT ON-LINE 
Office: ACTION FBO 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: 

Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: DEPARTMENT'S OM AUG 14, 73. 

Review Action: RELEASED, APPROVED 
Review Authority: martinjw 
Review Comment: n/a 
Review Content Flags: 

Review Date: 17 SEP 2001 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <17-Sep-2001 by reddocgw>; APPROVED <07 FEB 2002 by martinjw> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 



Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: BUILDING SETTLEMENT OBSERVATIONS AND OB UNDERPINNING, PROPERTY NO. 01316A 
TAGS: ABLD, TH 
To: STATE 
Type: TE 
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